1618                                   UNIT  COXSTUt'rTlON1   COSTS
Account 8906.01- -Water Pipe Lines   Concrete. This was a small amount of concrete used to anchor the ti-in. line at the foot of the hill, as it comes down from the tank.
Account 8906.02' -Water Pipe Lines   Cost and Laying.
This account covers the cost of the material and labor of laying all the water lines about, the smelter.
Thrro WJIM 2,052 f I , of tt-iu. pip** l»or»S ft. of 4-in, pipi* 2IHI ft, of 2Hii, pipe *Jt»K ft. of 2- in. pipe 1 15 ft, of I Hit. pipe all ft, of I *in. pipe
4/2a:i ft. Total of 4/25*1 ft, with all necessary fittings, valves, and fire hydrants.
Account 8906,1 --Six-Inch Pipe Line from Clifton. This account covers the cost of the material ami labor incident to laying
a (kin. water pipe line, H,tKSH ft, long, from Clifton to smelter. It includes excavating, painting, and ImekfilL
Account 8906.2  -Water Supply Tank   Excavation.
This covers the making of a 3 ft, slice for a witter tank foundation. It involved the use of powder, and wns handled with pieks, shovels, and wheelbarrows.
Account 8906,4 • Water Supply Tank            and Erection.
This tank was erected on a hill lit an elevation of *J(H) ft. above the tracks where the matentd wus rrretvtnl, It is 4tJ ft, in diameter, 26 ft. Di in, high, and has a steel cov^r. Its enpaeity is *2r>()l(H)Q gallons, Tlie tank steel was ererted l»y ron tract. The account stands tluw:
Ilaticl work , , . , .   ,                                                                  172 , m
Hauling ,,.,., , , .   . .   .                                                           121, :il
»3.07 Uiiw, tank wrotwl                                                      UJM . (Hi
Freight on tank . .....                                                          2:if» , m>
Power for rivHiftfc ....    .                                                          1*2 , U I
.,.,..                                                              tl 4.112
Account 8907 ..... -Watchman.
This account in indirect ux;>t4nst\ set* Hiiilli,    It rovers the pay of watchman during the construction period.
Account 8908— Power Distribution,
This account eovem the* cost of material aitd lalmr itufi«U»nt to the following work.   Two- am! thrtMMnrh cuiutiuitH wen* run underground ;t2.04
